- RIONE 


RIO NEGRO (URUGUAY. S.A.) HYDROELECTRIC 
DEYELOPMENT 


LOS WEST WACKER DRIVE 
ROO™ 2:17 


GHICAGO 6, ILLINOIS 


CONTRACT BETWEEN THE COMISION TECNICA Y FINANCTERA 





DE LAS OBRAS HIDROELECTRICAS DEL RIO NEGRO (RIONE), URUGUAY Wie a 
P -y 
AND 


INTERNATIONAL GENERAL ELECTRIC COMPANY, INCORPORATED 


EXTENSION NO, 1 


This Extension No, 1 to the Contract between Comision Tecnica 
y Financiera de las Obras Hidroelectricas del Rio Negro (Rione), Uruguay, 
and International General Electrie Gompany, Incorporated, dated the 6th 
day of January, 1943 and signed ty the former on January 13th, 19h3, and 






by the latter on January 53th, 1943, is entered into, by the parties, this 
__ day of , 1944, under the provisions of 
0! e Contract. 


at | Purpose of this Extension No. 1¢ The purpose of this Extension 
| 7 a ferred to above and all of its pro- 
visions to include the furnishing by the Gontractor of a second generator 
Poo and appurtenances as set forth in detail in the original Contraet and 
ts _ Engineering Specifications as modified by Addenda Numbers Que, Fvo and 
 Fhree, all es further modified by the attached Addendum Number four. 





Additional Provisions to cover this Extension Nc. l; 





a) It shall be understood and agreed that nothing in 

| Addendum Number Four shall be construed ta change any 
| clause or requirement of the Contract or Engineering 
Specifications, including Addenda Numbers One, Two 
and Three, so far as the same may apvly to the first 
generator and appurtenances supplied under this 
Contract. 








b) PRICE (Article 22 of the Contract referred to above). 
For the complete generator and appurtenances as 
specified in the Contract as modified by Addendum 
Number Four, delivered F.A.S. vessel, New York, the 
Purchaser shall pay the Contractor the sum of é 











Extension Na. 1 Bi Page 2. 


c) TIME OF DELIVERY (Article 10 of the Contract referred 
o above). The Contractor shall have the generator 
and appurtenances under Addendum Number Four ready for 
shipment from its factory within months 
from the date that this Extension Ns. T 4s ©. gned by 
both parties, 





In witness whereof each of the parties has caused this instrument 
to be signed by its duly authorized officials, 


Place and Date of COMISION TECNICA Y FINANCIERA DE IAS 
Signatures OBRAS HIDROELECTRICAS DEL RIO NEGRO 
Chicago, Til. 194k By 

Place and Date of INTERNATIONAL GENERAL ELECTRIC 
Signature: COMPANY, INCORPORATED 


a a By a m 
a Eee 





June 24, i9kh 


CONTRACT BETWEEN THE 





SOMISION TECNICA I FINANCIERA DE LAS OBRAS HIDROELECTRICAS 


+ 








DEL RIO NEGRO (RIONE), URUGUAY 
and 


INTERNATIONAL GENERAL ELECTRIC COMPANY, INCORPORATED 


Dated Jan. 8, 1913 


The purpose of this Addendum is te contract for a second generator 
and appurtenances to be furnished by the Contractor. Except as modified 
by this Addendum, all portions of the Gontract and “Engineering Specifica- 
tions", as changed by Addenda numbers one, two and three, shall become 


apart of this new contract Addendum number four. All changes in this 





. Addendum apply only to the second unit, the criginal contract and 

Addenda numbers one, two and three remaining in force for the first 
wit. References to "Articles" are to the Articles of the Contract and 
references to "Paragraphs" are to paragraphs in "Engineering Specifica- 


tions", all as modified by Addenda numbers one, two and three. 


Article 1, page 1: Delete 2nd and 3rd paragraphs. 


Article 3 a 2t Delete entire Article and substitute: "Except 
for minor detai the second generator and equipment shall be duplicates 
of that furnished on the original contrast and no drawings need be sub- 
mitted for approval except where it is agreed, as later specified, that 
the second unit is to be different from the first unit. Where such 
changes are made the Contractor shall prepare and submit for avproval 
to the Purchaser or its designated representative, four blueprints cf 
all required drawings." 
















It shali be understood that Article 9 applies 

wis niy insofar as design, drawings and instructions 
my be agod e so that the second unit or the equipment furnished 
mereri th is different from thet furnished under the original Contract 
@< iAcdenda Nos. 1, 2 and 3, 


Article 10, he 


Article 22, page 9: Delete "$h32,527.00" and substitute 
Article 23 








Delete "Octobar 30, 1944" and substitute 






LO: Delete lst paragraph and substitute: "5% of the 
pe price, namely, the amount of within 
‘ays after signing of this extension by both parties." 





6th line: Delete "$6,879.05" and substitute 





| 8th Line: Delete "$86,505.10" and substitute 
lOth line: Delete "$86,505.40" and substitute 
12th line: Delete "$129,758.10" and substitute 
luth line: Delete "$43,252.70" and substitute 
Delete "$173,010.30" and 





(1), 3rd line: Delete "$129,755.10" and 









eet s sage lli: Delete “within 20 days after the expiration of 
the dormar od apecified in Article 1" and substitute “within 
cays after siete of this extension by both parties," 

Delete "December 31, 194)" and substitute 


Delete "December IL, 1946" and substitute 






Dare ES Delete “plus the extension for the dormant 


paragraph: Delete "(plus the extension 





aE la subparagraph b): Delete "(plus the extension 
od speci 1 in Article 1)", 




















me 2, pare l, - Contract Drawings, Ete.: Delete the entire 


: ara Tran and substitute the fo owing: 





"The base plates, pit liner, etc. for this unit 
are not in place as they were for the first — 
unit. The pit liner, base plates, etc, are a 
part of the contract for the turbine to drive 
this second unit and are to be duplicates of 
those used for the first unit, except as the 
Getails may be changed by agreement with the 
turbine manufacturer, the Contractor and the 
Consulting Engineer, The Contractor shall 
cooperate with the turbine manufacturer in 
designing those portions of this structure 
that support his equipment, subject to 
approval of the Consulting Engineer, 


"The Consulting Engineer will make certain changes 
in the details and the Contractor may request 
other changes fron the original mit. The 
changes contemplated at the writing of this 
Addendum include the following: 

Dra No, 
wW-8008187, Outlines; Omission of stairway. 


P~0295330, Air Heater Connections; Kove safety 
switch and rotate piping. 


P~8295297, Terminal Boxes; Some boxes will be 
. moved around the circumference. 


W-8676798, Instruments and Accessories; Some | 
terminals will be moved, 


T-901112), Diagram of Connections; Some terminal 
blocks will be moved, 


W-8676751, Upper Bearing Bracket; Steady beans need 
net be ¢oped, 


T-9011205, Stairway and Railing; omit." 






Structural Details: Sub-para 


_ Paragraph ll, pace 10, 
Add sub-paragraph: 


_ b 
a C 
= Be 


Ze cte the first sentence, 





"(f) The Contractor shall provide a suitable walkway 

from generator number 2 to generator number 1 and = 
shall arrange one stairway furnished with the first 

unit to give access to this wallway." 











Seon 1), page 1), Shaft: Sub-paragraph (b): Delete the last 
a sub FE suber 








The face of the coupling shall be at elevation 
58.2 meters with the séle plates as agreed upon 
with the turbine manufscturer, the Contractor 
and the Consulting Engineer.” 






a 16 (b), page 17, as modified by Itea 9 of Addendum No. 3: 
Š E Aa ¢ phage, / 7) Cs motor driven epi a ene 
‘eg substitute "one 380 volt, three phase, A. C. motor driven 


hn 21, page 22, Brakes and Jacks, Sub=paragraph (d): Delete 


warn 33, page 36: Tools & Special Equipment: Delete entire 
[ree anc substitute "No tools or other special equipment specified 
See first mit need be supplied unless agreed changes in design make 
mest furnished with the first unit not applicable to the second 


ik, page 36: Spe 
>: sn mit require spare parts different fraa those 

i for the first unit, the Contractor shall furnish such spare 
Wo other spare parts need be furnished, 


> Parts: Where agreed changes in the 






RIONE REPICGSENTATIVE 


By | =. | 
- uis A, Gagno ` 


 HARZA ENGINEERING COMPANY 


By om | | 
ye Fe iarsan ooo 








EXTENSION NO. 1 
ADDITION OF SECOND GENERATOR UNIT 


July 11, 19h44 


CONTRACT BETWEEN THE 
ON TECNICA Y FINANGIERA DE LAS OBRAS HIDROELECTRICAS 








DEL RIO NEGRO (RIONE), URUGUAY 
and 


INTERNATIONAL GENERAL ELECTRIC COMPANY, INCORPORATED 





Dated Jan, 8, 1943 













a The Purchaser agrees to purchase from the Contractor and 
See Contractor agrees to supply tọ the Purchaser an additional 

| Beperator unit which is a duplicate of the generator unit 
@pecified and manufactured under the contract dated Jamary 6, 1943 
Getwsen the parties of this document, which contract is attache 
‘@ereto and made a part hereof, The contract, including addenda 

| Meters one, two and three, forms the terms, conditions and | 
“@ecifications under which the second unit purchased herewith 
el be manufactured, except as hereinafter provided. Whenever 
“See term “Contract” is used hereinafter, it refers to the contract 
“Between The Comision Tecnica Y Financiera De Les Obras Hidro- 

| Siectricas Del Rio Negro (Rione), Uruguay and International 

| *Geeerel Electric Company, Incorporated dated January 8, 1913, as 
ended to date, 


The following changes in attached contract have been 
= mally agreed to: . 


: Delete "$420 595,56" and 


tem No, l hereof is te be paid aa 


5# of the total purchase price, namely, the amount of 
$20,347.65, on or before August 15, 19h. 


154, namely, the amount of $61,042.95 after 25% of the 
work has been done, 



























20%, namely, the auount of $41,390.60 after 50% of the 
work has been done, 


204, namely, the amount of $51,390.60 after 75% of the 
work has been done. 


30%, nanely, the amount of $122,085.90 upon delivery F.A.S. 
vessel, New York, or substitute delivery specified 
in Articls 0. 


10%, namely, the amount of $0,695.30 after 12 months of 
successful operation in Uruguay, but in any event 
within 2) months after the due date of the 30% 
payment," 


cer _ pag i: Delete "Within 20 days after 
expiration of the dormant period specified in Article 1" and 
tute "On or before Augustl5, 1944". 


Delete “December 31, 19)" and substitute “December 31, 


Delete “Recamber 31, 1944" and substitute ‘dune 30, 1946", 
Delete 2nd and 3rd paragraphs. 


Delete entire Article and 

magt t excep" € s, the second generater and 

mip nt shall be dopt ipae or that furnished on the ‘Contract! 

aed no drawings need be submitted for approval except waere it is 
wed, as later specified, that the second unit is te se different 
re tae first unit. Where such changes are made the Contractor 
aall prepare and submit for approval to the Purchaser or its 

< ated representative, four blueprints of all required drawings." 


f Item 6, Article 10, p he Delete "16 months" and 
mabstitate "on or before Sent Vay) 2985." 













3rd linet Delete 






| line: Delete 


1 , page li: Delete “within 20 days 
& expirat nt period specified in Article 1” 
> substitute "On or BIS At MEER is, L9kh", 


Delete "December 31, 19L" and substitute "December 31, 





Delete "December 31, 1916" and substitute "June 30, 19h46", 








The following paragraph and page mmbers’ refer to 
ag Specifications" of the "Contract", 


















"The base plates, pit liner, etc. for this mit 
will be furnished by the Turbine Manufacturer. 
The Contractor shall cooperate with the Turbine 
Manufacturer to provide proper details to secure 
for the Purchaser that the generator and turbine 
parts will fit together as a unit. 


"The Consulting Engineer will make certain 

changes in the drawings and specifications in 
accordance with articles 4 and 6 of the ‘Contract’. 
The Contractor may request other changes frem tha 
original wit. The changes contemplated herein 
inelude the following: 


Drawing No. 
W-8008187, Outline: mission of stairway. 


P-8295330, Air Heater Connections; Move safety 
switch and rotate piping. 


P-8295297, Terminal Boxes; Some boxes will be 
moved around the circumference. 


W-8676798, Instrumente and Accessories; Some 
terminals will be moved. 


T-901112i,, 





Diagram of Connections; Some terminal 
blecks will be moved. 


T-9011205, Stairway and Railing; Omit.* 


Item 14, Paragraph ll, page 10, Structural Details: 
ragraph (a): Delete the 8t sentence, Add sub-paragraph: 






"(f£) The Contractor shall provide a suitable 
walkway from generator number 2 to generator 




















| rs i 


bo 
-9 


Cc 


 misned, 





equipment met rje for the first unit iho be supplied unless 
agr changes in aie make equipment furnished with the first 
amit not applicable to the second unit," 






le 


number, I and shall arrange one stairway furnished 
with the first unit to give access to this 
walkway." 






Item 15 Paragraph 16 (bo) page 17, as modified by Iten 
> ari Jumi Oe 
] riven oil pumps" and substitute "one 380 volt, three phase, A. Ce 
emptor driven oil pump", Referring to Paragraph 16 (t), page 17, as 
 anended by Addendum No. 1, Item 6 and Addendum No, 3, Item 9, 
| earresion resisting metals as originally specified in Addendum No. 1 
all be used unless restricted at time of manufacture of the piping, 
fittings and valves, 


j: Belete "tro 





50 vo Tt three phase, A, C. motor 





3 or other Sresi 


ean re spare parts 


aggre et gn of th Y 
different from rey fovatabea Pae the first unit, the Gontractor 
mall furnish such spare parts. No other spare parts need be fur- 


COMTSION TECNICA Y FINANCIERA DE LAS 
OBRAS HIDROSLECTRICAS DEL RIO NEGRO 





pee and date of INTERNATIONAL GENERAL ELECTRIC CO., INC 


By_ 














a O 
K TOW E 
Sito Nis tepals Li eo toe oe Des See a 
ae SSAA 


ig ai = 
oy E SET SN a oe we cap? 


CHICAGSG 6, ILLINGIS 


July 15, 19hh 









BRermational General Electric Co., Ine. 
= a#xington Avenue 
= Zork, New York 


t ne 

i This will serve to confirm that the three addenda to the 

eineering Specifications, (No. 1 dated May 28, 1943, No. 2 dated 
Ey 20, 1943 and No. 3 dated June 22, 194) attached hereto, are 
Bt of the contract between the Comision Tecnica y Financiera de 
= Obras Hidroelectricas del Rio Negro (Rione), Uruguay and In- 

Seational General Electric Company, Incorporated, dated January 


Due to revisions called for in these three addenda, the 
J contract price shall be changed from $32,527.00 to $420,595.50 
- the progress payments under Article 23 shall now read: 


$21,029.78, within 20 days from the expiration of the dor- 
mant period specified in Article 1, deducting from this 
amount what may have already been paid by virtue of the 
provisional order dated April 26, 1942 issued in favor of 
tha Contractor. 


; 5% of the total purchase price, namely, the amount of 


15%, namely, the amount of $63,089.32 after 25% of the 
work has been done, 


20%, namely, the amount of $81,119.10 after 50% of the 
work has been done. 


20%, namely, the amount of $8,119.10 after 75% of the 
work has been done. 


30%, namely, the amount of $126,178.65 upon delivery FAS 
vessel New York or substitute delivery specified in 
Article 0, 


= 


10%, namely, the-amount ef 92,059.55 after 12 months of 
successful operation in Uruguay but in any event within 
2k months after the due date of the 30% payment, 


it is aiso agreed that the time of delivery as specified 


| an Article 10 of the Contract shall be changed to read October 30, 
ish. 


Yours very truly, 


COMMISION TECNICA Y FINANCIERA DE LAS 
OBRAS HIDRORLSCTRICAS DEL RIG NEGERO 


BY 


nder Power o Attorney 





INTERNATIONAL GENERAL ELECTRIC 00., INC, 
ACCEPTED 
Vice President 














ADDENDUM NO, 
June 22, 19hh 
TO ENGINEERING SPECIFICATIONS OF 
CONTRACT BRTSERN THE 
COMISION TECNICA Y FINANCIERA DE LAS OBRAS HIDRORLBCTRICAS 








DEL RIO NEGRO (RIONE), URUGUAY 
and 


INTERNATIONAL GENERAL ELECTRIC COMPANY INCORPORATED 





Dated Jan, 8, 1943 


All references are to paragraphs and pages of “Engineering 
specifications", 


ze l, last line: Change "77" to HON, 







2, Paragraph lld), page 6: Change sentence beginning "All 
qualification te TP 3 "All such re-qualification tests 
for welding operators and the physical tests of the welded specimens 
ghall be made in the presence of the inspector,” 






ve 11: Change the third line to 


read: “housing ane > differentially connected 


single secondary current era atos? 


ze 12, second Delate "365" 








Delete "female" 
Change 


Paragraph 1i(d), page 14, last linet Change "turbine" 
to read "generator", and first line page 15, change "one-half inch" 
to read "one inch", 





temperature, the bearing shall be piani T operating at normal 
speed and load with oil circulation maintained but without cooling 
water for at least 15 minutes, or with neither oil circulation nor 
cooling water for at least 10 minutes," 


me 











2a 










P 
= 
= 


Addendum Number One: last three sentences added and 
Sabetitute: "All necessary oil piping, valves, fittings, two 380 
Folt, three phase A.C, moter driven pumps, one 220 volt D.G. moter 
driven pump, complete with enclosed A.C. and D.C, starter panel con- 
taining all necessary magnetic switches for cil=pressure-failure and 
zanual control of the A.C, snd D.C, motors, for circulation of the 
cil through the exchanger, shall be included. The heat exchanger 
éubep shall be of corrosion resisting material. The oil piping be- 
tween the thrust bearing and the heat exchanger shall be of steel 
with welded fittings. The piping between different portions of the 
cil pumping unit itself shall be of steel with cast iron fittings. 
The Purchaser will supply and connect all water piping to the 
companion flanges supplied on the heat exchanger by the Contractor. 
Tne Purchaser will supply, as part of the governor actuator cabinet, 
the necessary manual control switches for control of the oil cir- 
cilating pump motora; control voltage to be 230 volts D.C. for the 
magnetic starter panel." 











10, Paragraph 15(a), page li ginning on fifth lines 
Delete "to a common hea | | outs ie generator |! ousing" 


end substitute therefor "to the discharge line". 





ll, Paragraph 18(b), page 19s Delete the last sentence. 


12, Paragr 19, © 20: Delete the fifth sentence, 









"G02 fire protection" and ubstii -sprinkler pipes for fire 


protection", After the first sentence, add “Both water valves in 
the supply to the water sprinkler pipes with necessary piping on 
the generator, shall be furnished by the Contractor". 














h 20(b), page 


: |a Pas sentence! 


r sp: 





i), page 23. Between "A suitable siant" 
ged "anall be provided" insert "mounted on the field control panel 
specified in paragraph 23(b)*. 


17. Paragra | ) fourth line: Change "current 
and potential transformers" to "current transformer", 


















‘18, Paragraph 2, page 26s Delete the first sentence and 
ie governor Contractor will furnish & permanent magnet 
generator for driving the governor and an approved overspeed switch 


fer the main generator," 

















3. 


19. Paragra 26, third linet Delete "tachometer", 






20, Para 26 e 27: After "No, 19/25" add “except 
for leads for resistance temperature detecterz, which shall te the 
Contractor's standard 3-conductor resistance temperature detector 
cable, each conductor of which has 16 strands of 0,0126 inch copper 
and is approxinuately equivalent to No. 14 wire." 


Delete the last sentence and substitute "Cable lead 
markers shall be furnished to agree with the terminal board numbers." 


2T 
"Total Quantity Location 


el, Paragraph 28 Gnange the table to read! 





12 Generator stator winding, located 

| in accordance with ASA rule 
050~3 080, 

One in each half of thrust bearing, 

Thrust bearing oil reservoir, 

Two in each cuide-bearing, located 
diametrically opposite, 

One for each surface air-cooler discharge," 


2 
2 
h 
8 





Change to read "U ers ahs fount ‘the governor actuator 
cabinet and an adequate length of tubing shall be provided with each 
thermometer)! 







grapi page 29: Add: "The Contractor shall 
also supply a 110 volt, 50 elsyn type thrust bearing oil level 
transmitter and receiver, The indicating receiver will be mounted by 
Woodward Governor Company on their actuator cabinet at the expense of 
the Gontracter." 


Delete entire item, 





first line: After "mounted" 
ried in paragraph 23(b)*", 








2l. Paragraph 29(i : : Delete entire paragraph, 

28, Paragraph 3 17): Change "355 r.p.m." to 
"330 rapa 

29, Par p} e 368 Instead of item No, 11l in 


Addendum No. 1, delete the second sentence of paragraph 33 and sub- 
stitute: "This shall include one jacking pump for lifting the rotating 
pertions of the generator and turbine by means of the braking cylinders, 
one set of forged steel end and socket wrenches with steel plate 
mounting board, one shaft lifting device, one roter lifting device to 
fit Purchaser's lifting beam, one lower bearing bracket lifting device, 
chain hoist and bracket for handling thrust bearing parts, one set of 








ke 


eye-bolis and basking-out studs, one sat of miscellaneous steel 
wire rope slings, and ons rotor erection pedestal," 







Addendum No. 2, item 3: G SI metric tons" to WSs metric tons", 






3l., Par p 


devices on the gene; 


: : ge 37: Add paragraph: "(c) All auxiliary 
generat : 


it 4 require À., power shall be suitable 


for operation from the Purchaser's 220/380 volt, 3 phase, | wire, 50 
cyole auxiliary power supply, unless otherwise specified." 





Haraa Engineering Company 
205 West Wacker Drive 
Chicago 6, ILlinois 


WO7rhel 











. ADDENDUM No, 2 
July 20, 1913 
TO ENGINEERING SPECIFICATIONS OF 
CONTRACT BETWEEN THE 


COMISION TECNICA Y FINANCIERA DE LAS OBRAS HIDROELECTRICAS 





DEL RIO NEGRO (RIONZ), URUGUAY 





and 
INTERNATIONAL GENERAL ELECTRIC COMPANT _ INCORPORATED 
Srl a 
Dated Jan, &, 1913 


Ali references are to paragraphs and pages of 
"engineering Specifications,” 





l. Paragraph 10 l end line: Delete 
the word "tentative", S0 ", Change 191.272!')* 
to "(190.93)", 


2, Paragraph 14, page 1l} sub-paragraph (b): Delete 
"58,3" and insert ena i 


Delete "80 metric 





k Sketch No, 55-00: bottom line: Change "77 metric 
tons” to "51 metric ti 





RIONE REPRESENTATIVE 


By. 


Luis A, Cagno 


HARZA ENGINEERING COMPANY 


Fi 





Harza Engineering Gompany 
205 West Wacker Drive 


WOW thal Chicago 6, Illinois 








ADDENDUM NO, 1 


May 20, 1943 
TO ENGINEERING SPECIFICATIONS OF 
CONTRACT BETWEEN THE 
COMISION TECNICA Y FINANCIRA DE LAS OPRAS HIYROELECTRICAS 


DEL RIO NEGRO (RIONE) URUGUAY 





and 


INTERNATIONAL GENERAL BLECTRIC COMPANY, IXGORPORATED 





Dated Jan, 8, 1913 


All references are to paragraphs and pages of "Engineering 
Specifications," 


i. Paragraph 3, page 2: Following the list of materials 
insert "Should the contractor propose to use any material with 
speci fications differing frou those of the American Society for 
Testing Materials, h he shall first submit to the Consulting 
Engineer, for approval, a list cf such materisls, the speci- 
fications for the same, and the proposed use of, an stresseg in 
these materials,” 


Change (e) voltage between phases, 
#13, S00", 







Delete "365 r.p.m," 


he Paragraph 10, page 9, item (e): Delete "7.0 m (apprax.)* 
| t to permit passage of the generator lower 
bearing bracket, but not less than 7,0n," 


5, Pars aph 2 a. | Pu iten aji „hth line: Delete 






sentence and inser l provide a heat 


exchanger to be mounted at an sore location external of the 
bearing pot, and to have sufficient capacity to maintain the oil 

at the proper temperature with cooling water temperature at 25 
degrees C. and with a minimum pressure of 40 pounds per square 
inch, All necessary piping, valves, fittings, pumps, motors, ctes, 
for circulation of -the oil through this exchanger shall be included. 











All piping, fittings, valves, and exehanger tubes shall be of 
corresion-resisting metais. The Purchaser will supply and connect 
all water piping to campanion flanges supplied on the exchanger by 
the contractor.* 


7. Paragraph 18, last line, | 


"or replacement 


e 18: Delete the words 





Delete “Installation 





9. Paragraph 21, p page > 22, Sth line from top of pag 2t 
Delete "at least 5 1S Tash and insert "not less tha | inch nor 
more than 5/16 inch". 





in line F aT Substitute the foll Geti nfhis shall include the 
following: One jacking pup for lifting the rotating portions of 
the generator and turbine by means of the braking cylinders, one set 
forged steel and wrenches with steel plate mounting beard, one shaft 
lifting device with end bell to fit rotor, one set of eyebolts and 
backing-out studs, one set of miscellaneous steel wire rope slings." 


34, page 36: 
a. In item (3) change "Tro" to "One", 


b. Delete items (4), (5), (6), and (7). 
c. In items (9) and (10) change "Two" to "One". 


12. Par 





RIONE REPRESENTATIVE 
Signed By: Juan €. Rezzano 


HARZA ENGINEERING COMPANY 
Signed By: b. F. Harsa 


Harga Engineering Company 
205 West Wacker Drive 
WOW HS MJ Chisago, Illinois 





